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Message Text 

UNCLASSIFIED 

PAGE 01 KIGALI 01324 101000Z 
ACTION OC-06 

INFO OCT-01 AF-10 ISO-OO CCO-OO SY-05 FBOE-OO A-01 
OCL-OO /023 W 

025385 101054Z/10 

PR 100721Z AUG 78 
FM AMEMBASSY KIGALI 
TO SECSTATE WASHDC PRIORITY 6500 
INFO AMEMBASSY NAIROBI 
AMEMBASSY ACCRA 

UNCLAS KIGALI 1324 

STATE ALSO FOR OC/PE, NAIROBI FOR RCO/CO CO "F7RSS, 

ACCRA FOR RCO 

E.O. 11652: N/A 
TAGS: AFAC, ASEC, NSU 

SUBJECT: STATUS OF KIGALI COMMUNICATIONS CENTER PROJECT 

1 . SEABEE ON SITE JULY 31, 1978, LOCAL CONTRACTOR ON SITE AUGUST 
7, 1978. PROGRESS ON GENERATOR BUILDING, FUEL STORAGE, GROUND 
SYSTEM AND EXTERIOR WORK. PLAN TO START ROOF AND INTERIOR WORK 
AUG 15, 1978, PROVIDING MARINE SECURITY ON SITE. 

2. FOLLOWING STATUS OF TOOLS AND MATERIALS THAT REQUIRE IMMEDIATE 
ACTION: 

A. GENERAL CONSTRUCTION: 

1 . FLANGE MOUNTING STUDS AND JAMB NUTS FOR MOSLER VAULT DOOR CLASS 
FIVE, WALL SIZE 13"-15-l/2". 

2. ISOLATION TRANSFORMER 15KVA 3 PHASE 220/380 PRIMARY 
TO 120/208 SECONDARY. 

3. COVER FOR GE PANEL BOARD TYPE NHB SURFACE MOUNT 50 AMP 
2 POLE 10 BRANCHS. 

4. MOUNTING SCREWS FOR GE CIRCUIT BREAKERS TYPE TED, 

60 EACH. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 KIGALI 01324 101000Z 

5. GROUND BUSS FOR WIRE SIZE #14-4 AWB 6 EACH. 

B. AIR CONDITION SYSTEM 

1 . ON SITE: 

(A) TWIN CC-5A EDWARDS CHILLER WITH ENCLOSURE 

2. REQUIRED ITEMS: 
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(A) FAN COIL UNITS 

(B) REMOTE CONTROL PANEL 

(C) FEMALE ADAPTER 1-1/4" PVC 2 EACH 

(D) MATERIAL FOR ROOF PENETRATION FEED THRU, TO INCLUDE SUPPLY 
RETURN, POWER AND CONTROL. ALSO TWO ANTENNA PENETRATIONS. 

(E) LINE ITEMS NEEDED FROM MECHANICAL BOM. 8, 1 1, 20, 21, 

C, D, G. 

C. SUSPENDED CEILING: 

1 . ON SITE: 

(A) 960 SQ FT 24" X 48" X 5/8" ACOUSTICAL LAY-IN PANELS. 

(B) 25 24” X 48" PRISMATIC CLEAR PANELS 

(C) 150 PCS CROSS TEE (WHITE) 1-1/4" X 15/16" X 48". 

2. REQUIRED ITEMS: 

(A) PLANS FOR CEILING AND FIXTURE LAY-OUT. 

(B) COPY OF BOM. 

(C) LIGHTING FIXTURES 

(D) MAIN RUNNER TEES 

(E) WALT. ANGLE MATERIAL 

(F) HANGER MATERIAL 

D. TOOL REQUIREMENT 
UNCLASSIFIED 
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1. ELECTRIC HAMMER DRILL ND COMPATIBLE CORE BITS SIZES 1". 

1-1"2" AND 2-1/2" WITH 18" - 24" EXTENSION. 

2. TORCH KITS SUITABLE FOR SWEATING COPER FITTINGS; TO 
INCLUDE REQUIRED FUEL FOR SAME. 

3. BENDER EMT 3/4" 

4. CLAMP-ON AMMETER (AMPROBE) WITH VOLT-OHM CAPABILITY. 

5. HACK SAW BLADES 18. 24. 32 1 PKG EA 

6. KNIFE ELECTRICIAN 2 EA (KLEIN OR TL 29) 

7. PLIERS AS FOLLOWS: (CHANNEL LOCK OR KLEIN) 

(A) LINEMANS 9" OFFSET 2 EA 

(B) SLIP JOINT 12" 2 EA 

(C) SLIP JOINT 18" 2 EA 

E. OC/PE-I BOM: NEED COPY AND MATERIAL. 

CRIGLER 


Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 



Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 jan 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 10 aug 1978 

Decaption Date: 01 jan 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 jan 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1978KIGALI01324 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D780327-0604 
Format: TEL 
From: KIGALI 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1978/newtext/t19780879/aaaacntk.tel 

Line Count: 116 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 
Message ID: b1d15b65-c288-dd1 1-92da-001cc4696bcc 
Office: ACTION OC 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 3 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 24jun 2005 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 1780859 
Secure: OPEN 
Status: NATIVE 

Subject: STATUS OF KIGALI COMMUNICATIONS CENTER PROJECT 
TAGS: AFAC, ASEC, NSU 
To: STATE 
Type: TE 
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Review Markings: 

Sheryl P. Walter 
Declassified/Released 
US Department of State 
EO Systematic Review 
20 Mar 2014 

Markings: Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 


Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 



